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BILL NO. S-85-05- X? 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 

No. 1 - Res. #408-85, Phase IV, South- 
west Interceptor, with Land Excavating, 
Inc., in connection with the Board of 
Public Works and Safety. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 - Res. #408-85, 
Phase IV, Southwest Interceptor, with Land Excavating, Inc., in 
connection with the Board of Public Works and Safety, for: 
This Change Order is necessary be- 
cause contracts require crushed 
stone for all backfill in the 
right of way. Trench widths on 
this project will allow use of 
large compaction equipment in the 
trench in areas of parallel oc- 
cupancy therefore standard Grade 
"B" borrow has been approved by 
the County for these areas with 
a resultant savings of $1.55 per 
cubic yard. All backfill meeting 
the requirements of the City of 
Fort Wayne, Indiana, standard 
specifications; 
involving a net decrease of Six Thousand Two Hundred and No/100 
Dollars ($6,200.00), all as more particularly set forth in the 
specifications, and which is on file with the Board of Public 
Works and Safety, and is by reference incorporated herein, made a 
part hereof and is hereby in all things ratified, confirmed and 
approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 





Bruce O. City Attorney 













Read the first time in full and on motion by 
seconded by : *, and dui 
by title and referred to e Committee 
Plan Commission for recommendation).and Publi 
due legal notice, at the Council Ch g, Fort Wayne 
Indiana, on ; the , ‘day of 
,; 49 $? at O'clock — .Mo,RE. S 


Read the third time in full and on motion by benz ; 
seconded by e CCo , and duly adopted, aced on its 











passage. PASSED (LOST) by the following vote: 
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DATE: / 
SANDRA E. KENNEDY, CITY CLE 





Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) (GENERAL) 


= NO. ie GIFS 


AI aT 





(SPECIAL) (ZONING-MAP) ORDINANCE ( 


on the cJ pet day of 
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rh Jara] fe / 
SANDRA E. KENNEDY, CITY CLERK 






Presented by me to the Mayor of the City of ort Wayne, 


Indiana, 
on the cf n4  day'otf , 19 POE 


Lr ue d -M.,E.S. es 


Pam / 
J À 1 , / f 
Vct e 


at the hour of Pene o, o'clock 


A 
SN 


YS til cnet DEO. UEBER RU RY LEE 
SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this AJ gay of dice d ; 


19 Ss. , af the ‘hour oF 3? o'clock 2s MSS. SS. 
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WIN MOSES, JR., MAYOR 
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CHANGE ORDER 





a o WE APR 2 4 1985- 
Change Order No. IV-1 Resolution No._ 408-85 
Project No. S-2 Board Order No. 

Name of Project: SOUTHWEST INTERCEPTOR Date: 04/19/85 
To: LAND EXCAVATING, INC. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Lus uc Description of Change | — ^  ] Change in Contract Price 


Ovantitv Description nit Price Decrease Increase 


4,000 | #53 or #73 special backfill $8.50 34,400.00 Lo. E 
4,000 Grade "B" granular backfill EAT 28,200.00 
Total Decrease | 34,400.00 . A 
|| 28,200.00 
igibes a 1] 























Total Increase 


Net (Decrease) ONNEL) Contract Price 
6,200.00 


The sum of $ °C """" | is hereby (XüHEMXEX» (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 
Original Contract Price « 683,514.20 
Current Contract Price Adjusted by Previous Change Order $ 68 : F 


New Contract Price including this Change Order s : 
The time provided for completion in the contract for this project is (unchanged) kKKXXKXAXKA) 
(deoseasad) by z0- calendar days due to this Change Order. The date for completion 


of all work shall be 09/16/85 . Furthermore, this document shall become an 
amendment to as dn and al ovisions of the contract shall apply hereto. 





Recommended by: X ne Ei Date 04/19/85 


Accepted by: DER Contractor Date H-Z- g5 
Date 72 2 he dic: 
Date Í -/-2S 





Approved by: 


Approved by: 


t A y 
Attested by: Á AT - : Date as Po ai 


Change Order No. IV-1 
Resolution No. 408-85 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 





Necessity for change: Contracts require crushed stone for all backfill in the 





right of way. Trench widths on this project will allow use of large compaction 





equipment in the trence in areas of parallel occupancy therefore standard Grade "B" 


ee M M 


borrow has been approved by the County for these areas with a resultant savings 


E —À— M — M M M — M — M — — 


of $1.55 per cubic yard. All backfill meeting the requirements of the City of 


—M—— MÀ M —————————————————————————— 


Fort Wayne, Indiana, standard specifications. 


M M — À———————————————————————— 


M M — M — —————————————————— 


Will proposed change alter size of the project? Yes No X 


If yes, explain 





* 


EIC. MAN USE BUR nT ME EMEN Ac dun ME c LA RU AE T T a 
Affect on operation and maintenance cost of this project: 


No change 














es tL. Rüssell: ngineer 


wins FAUT e MUYUPI ù 


Change Order #1 - Resolution #408-85, Phase IV, Land Excavating, Inc. 





* 


TITLE OF ORDINANCE f 


/ DEPARTMENT REQUESTING ORDINANCE QUON ONU NE LA s 
SYNOPSIS OF ORDINANCE _ Change Order #1 for Res. 4408-85, Phase IV, is necessary because 
contracts require crushed stone for all backfill in the right of way. Trench 


in areas of parallel occupancy therefore standard Grade "B" borrow has been 
approved by the County for these areas with a resultant savings of $1.55 per cubi: 


yard. All backfill meeting the requirements of the City of Fort Wayne, Indiana, 


standard specifications. Land Excavating, Inc. is the contractor. 


nnn = SS aaa 


e a a a —MMMMMM——————————————————————————————— 


EFFECT OF PASSAGE Savings of $1.55 per cubic yard. 


L L aa a a Mia Gai. Madii i. onc oic cic 1 1o Ac d Acn n! 


.EFFECT OF NON-PASSAGE 











MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS)  $6200.00 Decrease 





ASSIGNED TO COMMITTEE 





BILL'NÓ.:. $-85-05-27 


REPORT OP THE COMMITTEE ON CITY UTILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES : - TO. WHOM WAS 


REFERRED AN (ehpriseE) |: (RBSGEGSTQN) approving Change Order No. 1 
Res. 4408-85, Phase IV,. Southwest Interceptor, with.Land Excavating, Inc., 
r TS stock ipodaelesac aires Rr. cactus RB 


in connection with the Board of Public Works and Safety 
^ : aay i 











HAVE HAD SAID (ORDINANCE) (BBBGBEREQND UNDER CONSIDERATION AND BEG 


LERNE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 











(RESSXXNNDON j E SOR : 
| aec e y THOMAS C. HENRY. 
: CHAIRMAN . ; 
Ffu NET G. BRADBURY ; E LAINE 
ICE CHAIRWOMAN MICE ET T 


DONALD J. SCHMIDT. 


JAMES S. STIER. 





EU ae pco CHARLES B. REDD ; ; j : 
e au g À 3 a ee a e 
CONCURRED IN a LAC SANDRA E. KENNEDY 

: CITY CLERK 








